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ORIGIN FBO-08 

INFO OCT-01 EA-07 ISO-OO A-01 ST-01 L-03 /021 R 

DRAFTED BY A/FBO:WFMCCOLLOUGH/JHHOLMES:JAP 
APPROVED BY A/FBO:OCRALSTON 

016834 

P 252203Z SEP 74 

FM SECSTATE WASHDC 

TO AMEMBASSY SEOUL PRIORITY 

UNCLAS STATE 211661 

E.O. 11652:N/A 

SUBJECT: CONSTRUCTION ER, PROPERTY NO. 023 10A 

1. AUTHORIZED ACCEPT OFFER FROM WEYERHAEUSER COMPANY, 
TACOMA, WASHINGTON 98401 ATTENTION MR. JAMES R. RAUCH, 
ADMINISTRATIVE ASSISTANT, WOOD PRODUCTS SALES, IN THE 
AMOUNT OF DOLS. 180,718 FOR SAWN LUMBER AND PLYWOOD PRODUCTS 
IN ACCORDANCE WITH SPECIFICATIONS DATED 8/30/74 AND FINAL 
LUMBER LIST DATED AUGUST 30, 1974. 

2. AUTHORIZED ACCEPT OFFER FROM KIMBERLY CLARK CORP., 

FOREST PRODUCTS DIVISION, CALIFORNIA OPERATIONS, P.O. BOX 
697, ANDERSON, CALIFORNIA 96007, ATTN: MR. GAYLORD BRIGGS, 
FORESTRY AND LOGGING SUPERVISOR, IN THE AMOUNT OF DOLS. 
29,828.00 FOR FURNISHING ROUND LOG PRODUCTS IN ACCORDANCE 
WITH SPECIFICATIONS, DATED 5/22/74 AND REVISED LUMBER LIST 
DATED JUNE 21, 1974. 

3. THE U.S. DISPATCH AGENT IN SAN FRANCISCO SHOULD BE 
FURNISHED NECESSARY COPIES OF THE EXECUTED CONTRACTS AND 
USUAL ARRANGEMENTS MADE WITH USDA TO RECEIVE AND FORWARD 
LUMBER FROM TWO F.A.S. POINTS ON WEST COAST. 

4. OM FOLLOWS WITH COPIES OF TWO PROPOSALS DESCRIBED ABOVE. 

5. ALLOTMENT CODE 212 FOLLOWS FOR DOLS. 235,546 INCLUDING 
UNCLASSIFIED 
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DOLS. 25,000 ESTIMATED FREIGHT WEST COAST TO SEOUL. 
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REPORT SAVINGS, IF ANY, FROM SHIPPING COSTS FOR WITH- 
DRAWAL. 

6. DISTRIBUTE COPIES OF CONTRACTS ACCORDANCE REGULATIONS. 

KISSINGER 
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